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Account 8929—Employe's Railroad Transportation.
This account is indirect expense, see 8999. During the construction period 300 to 500 men were employed, over three-fourths of whom lived in and around Clifton. The cost of transporting these men back and forth each day was borne by the construction.
Account 8930—Clearing Land.
This account is indirect expense, see account 8999.
Account 8931—Test Holes.
This account is indirect expense, see 8999.
Account 8933—Furniture and Fixtures.
This account is indirect expense, see 8999. It covers the temporary office fixtures.
Account 8934—-Miscellaneous Supplies. This account is indirect expense, see 8999.
Account 8935—Shop Equipment.
This account is indirect expense, see 8999. It covers material used in various temporary shops.
Account 8936—Overhead Shop Expense.
This account is indirect expense, see 8999. This account covered all labor and supplies used in the shops not directly charged to the work in hand.
Account 8937—Stock Lumber.
This is a suspense account.
Account 8938-—Powder Magazine.
This account is indirect expense, see 8999.
Account 8939—Miscellaneous Labor.
This is indirect expense, see 8999.
Account 8941—Temporary Railway Receiving Bins.
This account is indirect expense, see 8999.
Account 8942—Water Supply.
This account is indirect expense, see 8999. It covers the cost of water from Clifton used during construction.
Account 8943—Corral Expense.
This was suspense account distributed at the close of each month, on the basis of the cost per animal-day.
Account 8944—Switching and Freight from Clifton.
This account is indirect expense, see 8999. It was impossible to place these charges to the material freighted, owing to incomplete records.emporary Machine Shop* ThU account is indirect oxpcmm?, mw KffiMI,    This rovers the cost of
